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Message Text 


UNCLASSIFIED 

PAGE 01 CANBER 03089 230529Z 
12 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO /009 W 

006932 

R 230342Z MAY 74 
FM AMEMBASSY CANBERRA 
TO SECSTATE WASHDC 3238 
INFO AMEMBASSY MANILA 
AMCONGEN HONG KONG 

UNCLAS CANBERRA 3089 

FOR: MANILA RSO. 

HONG KONG RSS. 

EO 11652: NA. 

TAGS: ABLD, ASEC, AS. 

SUBJECT: MODIFICATION CHANCERY WING A, PROPERTY 01307. 

REF: A. STATE 93470. 

B. STATE 103363. 

1. RE REF" A”. CONTRACTOR PREPARED COMMENCE PREPARATION 
SITE PREMISES (INSTALLATION SCAFFOLDING; CLEARING AND 
STRIPPING OF ATTIC AREA THROUGH DORMER ACCESS; INSTALLATION 
OF WING "A" STAIRCASE ENCLOSURE, ETC.) ON JUNE 24. 

BREAKTHROUGH OF WALLS INTO C&R, AND MAJOR ON SITE WORK 
SCHEDULED COMMENCE JULY 1. DUE CONTINUING ACCESS OF WORKMEN 
INTO ATTIC AREA DIRECTLY ABOVE C&R. DURING PREPARATORY 
PROCESS, REQUIRE ONE RPT OEN SEABEE FROM JUNE 24 ON- 
WARD. BELIEVE SECOND SEABEE SHOULD BE ON BOARD ON OR BEFORE 
JULY 1 AS THIS DATE INVOLVES MOST CRITICAL PERIOD OF 
CONSTRUCTION. ON SITE WORK IS NOT EXPECTED TO EXTNED 
BEYOND AUGUST 9 REPEAT AUGUST 9 AT THE LATEST (WHEN 
LIQUIDATION DAMAGES BECOME EFFECTIVE) AND MAY BE COMPLETED 
WEEK OR MORE EARLIER. POST UNCLEAR AS TO INTENT 
"IF MARINE AUGMENT PROVIDED", CITED PARAGRAPH 1 REFTEL. 

POST MAY BE ABLE PROVIDE GOVERNMENT QUARTERS FOR SOME 
PORTION OF SEABEE TDY STAY, HOWEVER, DUE HEAVY STAFF 
TRANSFERS, RESERVATIONS NEARBY HOTEL BEING MADE FOR PERIOD 
UNCLASSIFIED 
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IMMEDIATELY FOLLOWING ARRIVAL. TRANSPORTATION WILL BE 
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FURNISHED. 

2. RE REF "B M : REDUCTION OF C&R SPACE DUE INTRODUCTION 
OF CLOSED STAIRCASE IN ROOM D 21, REQUIRES RELOCATION OF 

CEO WORKSHIP AREA NOT REFLECTED CANBERRA 2941. INTRODUCTION 
OF PARTITION INTO ROOM S-15, PLUS RELOCATION ELECTRIC 
REWIRING ACCOMMODATE SPECIAL EQUIPMENT AMOUNTS TO US$800.00. 
MOVE SHOULD BE COMPLETED IN TIMELY FASHION, NOT TO INTERFERE 
WITH CEO REGIONAL TRAVEL AND/OR CONSTRUCTION. POST WOULD 
THEREFORE APPRECIATE SPECIAL ALLOTMENT OF US$800.00 TO 
COVER THIS ATTIC RENOVATION RELATED ITEM. 

3. CONTRACT DOCUMENTS BEING POUCHED, AS REQUESTED. 

GREEN 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 23 MAY 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974CANBER03089 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7401 28-0951 
From: CANBERRA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740524/aaaaauyr.tel 

Line Count: 75 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: A. STATE 93470. 

Review Action: RELEASED, APPROVED 
Review Authority: cunninfx 
Review Comment: n/a 
Review Content Flags: 

Review Date: 29 OCT 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <29 OCT 2002 by boyleja>; APPROVED <09 JAN 2003 by cunninfx> 

Review Markings: 
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US Department of State 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: MODIFICATION CHANCERY WING A, PROPERTY 01 307. 

TAGS: ABLD, ASEC, AS 
To: STATE 
Type: TE 
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